1462                STATUTES AT LARGE                      [RULEs
(b) Bridge contractors must show liquid assets at least equal to 25%
of the capacity or eligibility rating that will be assigned them. General
contractors will be rated separately for each road and bridge work.
(c) In addition to the liquid assets necessary to be shown for a given
capacity rating, contractors must also show that they possess and have
available appropriate and sufficient equipment to perform satisfactorily
the kind and quantity of work contemplated by the classification and
rating, or in lieu of actual equipment on hand, the showing of liquid
assets, together with verified credit, must be sufficient to provide the
necessary equipment in addition to meeting the percentage requirements
stated above.
(d) The experience showing made by qualified contractors will also
affect their capacity ratings. Contractors who have performed work for
the South Carolina state highway department in a satisfactory manner
and who have demonstrated their responsibility to the satisfaction of the
department will be assigned capacity ratings without further limitations
than those indicated by Paragraphs a, b and c above-the classification
in each case to be determined by the quality of work hitherto performed.
Contractors who have gained' their experience and established their
responsibility on work for other state highway departments will be
given capacity ratings commensurate with the magnitude of such work
performed by them as verified by official certificates of the other state
highway departments concerned. The classification in each case will be
appropriate to the experience showing.
Contractors who have gained their experience and established their
responsibility on work for other agencies than state highway departments
will be given capacity ratings according to their classifications as follows:
Bridge Contractors------ -       - - -  Not exceeding $ 25,000.00
Grading Contractors-----       - - - -  Not exceeding   50,000.00
Paving Contractors-  ----      - - - -  Not exceeding  100,000.00
General contractors to be rated separately for the three classes of work.
5. No applicant who has failed to carry out any contract awarded him
by the state highway department of South Carolina will be qualified as
eligible in any classification. This requirement, however, shall not serve
to bar persons having so failed from serving as employees of otherwise
eligible contractors.
6. Classification and capacity rating of qualified contractors will be
fixed by the department subject to the foregoing limitations, the rating
in each case to be limited by the requirement affording the maximum re-
striction.
Each contractor qualifying under these rules will be furnished a notice
of his classification and rating, and bids from him will be read and con-
sidered only for contracts within the limitations thus fixed. Contractors
whose capacity ratings are limited by the amount of their net liquid
assets may by additional showing secure modifications in their ratings at
any time up to twenty-four hours before submitting bids on any par-
ticular project. In like manner, whenever the department desires to re-


